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RESULTS ACHIEVED BY THIS PROJECT: 

PROJECT RESULTS 

1) The first draft of the AutoSplit Functional Performance Specification 
was completed and delivered to Jon Steeby on August 23, 1995. He 
reviewed it and returned it to me with comments on October 11, 1995. 
Revisions are currently being made. 

2) The first draft of the AutoSplit Product Design Specification was 
completed and delivered to Jon Steeby on October 10, 1995. Jon 
is currently reviewing that document. 

FUTURE PLANS 

The revisions to the specifications as a result of Jon Steeby s comments 
will be completed under another project. 
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